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MORANODUM 


BOSTON REDEVELOPMENT AUTHORITY 


FROM: ROBERT T. KENNEY, DIRECTOR 


SUBJECT: DOWNTOWN-WATERFRONT PROJECT MASS. R-77 
SITE PREPARATION CONTRACT QO (FULTON ST. RECONSTRUCTION 


On August 7, 1973, the Authority opened bids on the subject 
contract. A tabulation of bids is attached. 

The proposed contract will, in summary, consist of the installation 
of underground utilities, street lighting facilities, the reconstruction 
of sidewalks and street pavement and other related improvements in 
Fulton Street from Richmond to Lewis Streets. 


D. Federico Co., Inc. has completed two previous contracts for 
this Authority, and their previous performances have been satisfactory. 
D. Federico Co., Inc. is currently under contract to the Authority for 
Site Preparation Contract H (McKinley Square Utilities Relocation) and 
Site Preparation Contract G (park at Mercantile Wharf) of the Waterfront 
Project, and for City Hall Plaza - Stage II of the Government Center 
Project. 


It is recommended that Site Preparation Contract Q be awarded to 
Federico Co., Inc., based upon the unit prices bid and the estimated 
quantities, in the amount of $252,404.00. The Engineer's estimate of 
the contract as prepared by Schoenfeld Associates, Inc., the Waterfront 
Project's Consulting Engineers, is $318,010.00. 


VOTED: That Site Preparation Contract Q of the Waterfront Project 
Mass. R-77 is awarded to D. Federico Co., Inc., based upon 
the unit prices bid and the estimated-quantities, in the amount « 
$252,404.00; and the Executive Director is authorized to 
execute said contract in behalf of the Authority. 


nes 


o~ 


AALS OLIGUS WOTAO8 | 
MIRATIG ATHAMUINE THIMEAIVED | 


arwrwseas | Re | 
» hae , 
. Pv 


mae 


F 
' 
> ie ee NY ee oak Spc ae Ga yi etn Ss 


ars at oe sib et ane OT es 
a ¢ ay ' F i ; : " 4 , 


nF / 
ag 


August 7, 1973 


BOSTON REDEVELOPMENT AUTHORITY 


Tabulation of Bids 
Site Preparation 'Q"', Downtown Waterfront, Mass. R-77 


Opened and read aloud at the Office of the Boston Redevelopment 
Authority; City Hall.. Room 920, One City Hall Square, Boston, on Tuesday, 


August 7, 1973 at 12 Noon EDST. 


NAME PROPOSED CONTRACT 
Ms SUM 
D. Federico Co., Inc. $ 252, 404. 00 
Modern Continental Construction Co., Inc. 309, 562. 28 
State Street Engineering Corp. 345, 470. 00 


R. A. Buccella & Sons, Inc. 408, 780. 00 


